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Message Text 

UNCLASSIFIED 

PAGE 01 ABU DH 00990 091010Z 
ACTION NEA- 10 

INFO OCT-01 EUR- 1 2 ISO-OO EB-08 /031 W 

066061 091032Z/16 

R 090745Z APR 78 
FM AMEMBASSY ABU DHABI 
TO USDOC WASHDC 
INFO SECSTATE WASHDC 7650 
AMEMBASSY ATHENS 

UNCLAS ABU DHABI 0990 

ATHENS FOR RTDO 


E.O. 11652: N/A 
TAGS: BTIO, TC 

SUBJECT: FOREIGN GOVT. TENDER: FUJAIRAH HARBOR - BREAKWATERS. 


1. 520/01/T0036 

3. 4/5/78 

3. J. HASTIE 

4. 520 UNITED ARAB EMIRATES 

5. N 

6A. TENDER DOCUMENTS CAN BE OBTAINED FOR A NON-REFUND ABLE FEE 
OF 10,000 DH. (1 DOL. EQUALS 3.9 DH.) FROM: 

6B. MINISTRY OF PUBLIC WORKS & HOUSING MINISTRY OF PUBLIC WORKS 
& HOUSING 

6C. P.O. BOX 878, ABU DHABI, UAE. P.O. BOX 1828. DUBAI, UAE 

7. TENDER NO. 1/78 

8. 6/20/78 1000AM 

9. 31 


10. 9916300/0000. INVITATION TO TENDER READS AS FOLLOWS. QUOTE: 
UNITED ARAB EMIRATES, MINISTRY OF PUBLIC WORKS & HOUSING P.O. BOX 
878, ABU DHABI, AND P.O. BOX 1828, DUBAI. 

FUJAIRAH HARBOR BREAKWATER PROJECT COMMITTEE 
UNCLASSIFIED 


UNCLASSIFIED 
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TENDER ADVERTISEMENT 
REF: MY/9/455/1 
DATED: 2ND APRIL, 1978. 

THE MINISTRY OF PUBLIC WORKS & HOUSING INVITES SUITABLY QUALIFIED 
CONTRACTORS TO TENDER FOR THE EXECUTION, COMPLETION AND MAINTENANCE 
OF THE FOLLOWING PROJECT. 

FUJAIRAH HARBOR. CONTRACT NO. 1 - BREAKWATERS. 
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TENDER NO. 1/78 

THOSE CONTRACTORS WHO ARE REGISTERED FOR THE CURRENT YEAR AT ANY 
CHAMBER OF COMMERCE IN THE UAE AND WHO HAVE VALID LICENSES FROM 
ANY MUNICIPALITY TO PRACTICE CONTRACTING WORKS, ARE REQUESTED 
CONTACT THE MINISTRY OF PYBLIC WORKS & HOUSING IN ABU DHABI AND 
DUBAI DURING NORMAL WORKIUY HOURS FROM 22.4.1978 TO 6.5.1978 
FOR COLLECTION OF A SET OF TENDER DOCUMENTS AND DRAWINGS AGAINST 
A NON-REFUND ABLE FEE OF DH. 10,000/A. 

THE PROJECT COMPRISES THE EXECUTION OF TWO MAJORKLUBBLE MOUNDS 
BREAKWATERS WITH EITHER NATURAL ROCK ARMOUR OR PRECAST CONCRETE 
ARMOUR AND ASSOCIATED QUARRY WORKS. THE COMBINED LENGTH OF THE 
BREAKWATERS IS APPROXIMATELY 3.8 KM EXTENDING APPROXIMATELY 1.5 
KM OFF-SHORE TO APPROXIMATELY 16M DEPTH, ALL IN ACCORDANCE WITH 
THE CONTRACT DOCUMENTS. 

THE FOLLOWING DOCUMENTS MUST BE SUBMITTED WITH ALL TENDER: - 

- ACCEPTABLE PROOF OF THE CONTRACTORS EXPERIENCE IN SIMILAR WORK 
ON DEEP WATER PROJECTS. 

- UNCONDITIONAL TENDER GUARANTEE FROM AN APPROVED BANK IN THE 
UAE. THE GUARANTEE SHALL BE NOT LESS THAN 5 PERCENT OF THE TENDER 
SUM AND SHOULD BE VALID FOR AT LEAST 120 DAYS. FROM THE DATE OF 
SUBMISSION OF TENDER. 

- MUNICIPALITY LICENSE. 

- CHAMBER OF COMMERCE REGISTRATION CERTIFICATE. 

TENDERS SHALL BE HELD OPEN FOR ACCEPTANCE FOR 90 DDAYS FROM THE 
DATE OF SUBMISSION OF TENDERS AND THE MINISTRY IS NOT BOUND TO 
ACCEPT ANY TENDER AND NEED NOT GIVE ANY REASON FOR ITS DECISION. 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 03 ABU DH 00990 091010Z 

ALL TENDER DOCUMENTS MUST BE COMPLETED AND ALL DOCUMENTS ISSUED 
MUST BE STAMPED AND SIGNED ON EACH PAGE OR SHEET AND RETURNED WITH 
TENDER. 

THE TENDERS, TOGETHER WITH ALL ACCOMPANYING DOCUMENTS AND LETTERS 
MUST BE SUBMITTED BY HAND IN A PLAIN ENVELOPE SEALED WITH RED WAX 
CLEARLY MARKED ONLY WITH THE TENDER NUMBER AND TITLE AND ADDRESSED 
TO: 

HIS EXCELLENCY THE MINISTER OF PUBLIC WORKS & HOUSING 

THE MINISTRY OF PUBLIC WORKS & HOUSING 

BLOCK NO. 3, MINISTRY COMPLEX 

AL BATEEN 

ABU ABUDHABI 

TENDERS MUST BE SUBMITTED TO THE ABOVE ADDRESS AT 10 AM 
ON WEDNESDAY THE 20TH JUNE, 1978. 

ALL TENDERS MUCT BE SUBMITTED STRICTLY IN ACCORDANCE WITH 

THE REQUIREMENTS OF THE TENDER DOCUMENTS AND DRAWINGS. NO TENDER 

SUBMITTED WITH QUALIFICATIONS OR CONDITIONS WILL BE 

AACCEPTED UNLESS THOSE QUALIFICATIONS OR CONDITIONS ARE EVALUATED 

SO THAT ADJUSTMENTS CAN BE MADE TO THE TENDER SUM. ANY TENDER 

THAT IS INCOMPLETE OR DOES NOT COMPLY WITH THE ABOVE MAY NOT BE 

CONSIDERED. 

THIS ADVERTISEMENT IS TO BE CONSIDERED AS A COMPLEMENTARY PART 
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OF THE TENDER CONDITIONS. 

MOHD KHALIFA AL KINDI, MINISTER OF PUBLIC WORKS & HOUSING. 

UNQUOTE. 

11. TO BE FINANCED FROM ABU DHABI DEVELOPMENT BUDGET. 

DICKMAN 


UNCLASSIFIED 


NNN 
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